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PURPOSE 


To procure spare parts i support processing and exploitation 
equipment previously procured for Project CORONA. 


DESCRIPTION OF WORK OR SHRVICUS REQUIRED 

a. Ten (10) sets of spare parts for the 20X Enlargers. 

b. Six (6) sets of spare parts for the Cleaner-Waxer. 

ec. Four (4) sets of spars parts for the 70 mmo Printer. 

ad. Eleven (11) sets of snare parts for the Cleaning Tables. 
e. Two (2) sets of spare parts for the Flexowriter Titlers. 
The number of sets is identical to total number of equipments 
procured from Eastman Kodax under Contract No. JP~635 for the 
Agency, Air Force, Army and Navy. The total estimated cost 
of this work is $10,212.eh. 

EXPECTED ADDITIONAL OR RELATED WORK OR SERVICES 

None contemplated. 


TOTAL ESTIMATED COST 


The totel estimated cost for this werk is $10,212.24 chargeable 
to the customers as follows: 


Project CORONA $ 665.32 

PIC-DD/I, Allot. No. 

0155-1010-0000 1,590.97 
Air Force 6,161.80 
Army 938.86 
Navy __ 855.2 
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Project funds are being made available from a $39,549.23 
savings of CORONA funds effected under Contract No. RT-100, 
IMSD (see Memo CHAL-0889-60). PIC-DD/I, Air Force, Army 
and Navy funds have been or are in process of being trans- 
ferred to the DPD Comptrolle:. 


5. DELIVERY SCHEDULE OR PERTOD OF PERFORMANCE 


The spare parts will be delivered within 30 days of con- 
tractual coverage. 


6. REMARKS 
The Project's cost ($665.32) of these spare parts is appli- 


cable only to items remaining at the Eastman Kodak Processing 
Center, i.e., one each Wax-Cleaner and Flexowriter Titler. 


Chiéf, Development Branch, DPD 
Authorized DPD-DD/P Requester 


25X1A WILLIAM BURKE 
Colonel, USAF aooXe, TaebQ 
Acting Chief, DPD-DD/P 


APPROVED : ‘Or -RECCHMENDED FOR -APPROVAr- APPROVFRB: 


29X1A 


RICHARD M. BISSELL, JR. 
Deputy Director (Plans) 


{+ CONDITIONS OF APPROVAL 


25X1A DPD-DD/P EF pr (8 Mar.:0) 
Distribution: 

CH/CB/DPD (Act.Prog. Folder) 
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- CH/DB/DPD 
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